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ACTION PM-04 

INFO OCT-01 AF-06 EUR- 12 ISO-OO CIAE-00 INR-07 NSAE-00 

/030W 

048989 

R 291033Z DEC 75 
FM AMEMBASSY MONROVIA 
TO CHESNAVFACENGCOM WASHDC 
INFO COGARD ONSOD WASHDC 
COGARD ACTEUR LONDON 
SECSTATE WASHDC 8384 

UNCLAS MONROVIA 7750 

E.O. 11652: N/A 
TAGS: MARR, ELEC, LI 
SUBJECT: PUNCH LIST ITEMS: 

REF: A. CHESNAVFACENGCOM 231321Z DEC 75 

B. ROICC MONROVIA 091 135Z JUL 75 

CDR LEGGE SENDS: 

1. PUNCH LIST ITEMS IN REF A WERE SUCCESSFULLY COMPLETED TO MY 
SATISFACTION. OPERATION WAS DEMONSTRATED ON ALL EXCEPT THE WELL 
WHICH COULD NOT SUSTAIN FLOW SUFFICENT TO ACTUATE 

CONTROL, AND THE AIR CONDITIONER WHICH IS AWAITING RECEIPT OF 
A NEW SERVO CONTROLLER. 

2. HAVE CONSULTED STANLEY ENGINEERING AND DENNIS OF THE HYDROLO- 
GICAL SERVICE. BOTH AGREE THAT TEST DRILLING SHOULD BE PERFORMED 
PRIOR TO REPLACING THE WELL. DENNIS LOOKED AT DRILLING RECORDS 
AND PLANS FOR THE PRESENT WELL DRILLED BY ST APUL CONSTRUCTION, 
AND NOTED THAT SANDY STRATA BETWEEN 6 AND 14 FEET WHERE WATER IS 
USUALLY PRESENT IS CASED OFF. 

3. GOL HYDROLOGICAL SERVICE HAS A CORE DRILLING RIG AND IS PREPARED 
RUN A TEST SURVEY AT NO COST IF WE AGREE TO PAY FOR NEEDED 
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REPAIRS TO THEIR EQUIPMENT. APPROX $280. 
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4. BIDS ARE BEING ACCEPTED LOCALLY TO: A. INSTALL DRAINS FOR 
CLEANING THE STORAGE TANKS. B. INSTALL PROPER SCREENS IN VENTS 
AND OVER FLOW PIPES, & C. A GATE VALUE TO ENABLE PUMPING 
BETWEEN TANKS. ALL ITEMS FELT NECESSARY REGARDLESS OF 
OUTCOME OF WELL. 

5. PORT CHARGES OF $2,689.88 TO FARRELL LINES INC HAVE NOT 
BEEN LIQUIDATED AS CITED IN REF B. REQUEST PROMPT 
ATTENTION BE GIVEN. RECENT FARRELL LINE LETTER IN MAIL. 

BEAN 
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Message Attributes 


Automatic Decaptioning: X 
Capture Date: 01 JAN 1994 
Channel Indicators: n/a 
Current Classification: UNCLASSIFIED 

Concepts: TECHNICAL ASSISTANCE, CONSTRUCTION, PROPOSALS (BID) 

Control Number: n/a 
Copy: SINGLE 
Draft Date: 29 DEC 1975 
Decaption Date: 01 JAN 1960 
Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1975MONROV07750 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D750448-0814 
From: MONROVIA 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1975/newtext/t1 9751 28/aaaaagrg. tel 

Line Count: 72 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION PM 

Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: KelleyWO 
Review Comment: n/a 
Review Content Flags: 

Review Date: 01 DEC 2003 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <01 DEC 2003 by MaustMC>; APPROVED <21 JAN 2004 by KelleyW0> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
06 JUL 2006 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 

Secure: OPEN 

Status: NATIVE 

Subject: PUNCH LIST ITEMS 

TAGS: MARR, ELEC, LI 

To: CHESNAVFACENGCOM WASHDC 

Type: TE 
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